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SECRET 7 SEP 1983 


REAL ESTATE AND CONSTRUCTION DIVISION WEEKLY REPORT 
FOR PERIOD ENDING 7 SEPTEMBER 1983 


1. Progress Report Tasks Assigned by the DCI/DDCI : 
None 
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2* Items or Events of Major Interest that have Occurred During the 
Preceding Week : 


b. Renovations and Architectural Repairs - 2430 E Street, N.W. - Public 
bid opening was conducted by GSA on 30 August 1983 for the renovations and 
architectural repairs to the East Building. Bid opening for similar work to the 
Central Building was conducted on 31 August 1983. Three bids were received for 
the East Building. Bids ranged from a low of $110,000 to a high of $138,000. 

The Government estimate was $131,600. The apparent low bidder is TNT Contractors, 
Inc. The Central Building contract received three bids. The bids ranged from 
a low of $252,800 to a hig h of $326.800. The Governm ent estimate was $297,400. 

The apparent low bidder is 


verific ations and qualifications ot the low bidders. 


Awards are pending further 


3. Significant Events Anticipated During the Coming Week : 


None 
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